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31 January 1958 25X1A9a 


MEMORANDUM FOR THE RECORD 


SUBJECT +: Concurrence in Amendment No, 2 to Contract No, HF-4060 
25X1A2g Peciectl Company, Inc,, Buffalo, New York; | 


“ sora 


1. This memorandum conteina a recommendation submitted for 
approval of the Project Director, Such recommendation is set 
forth in Paragraph i, 


2. Contract No. HF~4060 provides for the furnishing of 
Contractor sonnel to assist in installation, maintenance, repair 
end overhaul of personnel equipment for sircraft pilote for the 
OBX1A2 period 1 January 1957 to 31 December 1957. Such Contractor 
Q personnel ara used in support of the J program. Amendment No. 
2 to the contract extends the period of performance to 30 June 
1958, and increases the man-month rate for services within the 
ZI from $906 to $943 during this period, 


3s soe additonal funda obligated under Contract No. HF. 
4060 by reason of Amendment No. 2, | 


4. Approval of Amendment No, 2 to Contract No. HF-4060 and 


25X1A2g execution thereof on behalf of the Agency by the authorized Project 
Contracting Officer is recommended, 
25X1A9a Ly, 25X1A9a 
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